Arlington Town Yard Facility Be Nic Bats 
51 GROVE ST., ARLINGTON, MA 02476 eu eae 


mdupuis@commodorebuilders.com 
C: (508) 294 3836 


Construction Update 01/03/2023 


PHASE 1 & 1A BUILDING CONSTRUCTION: MAY 2021 — MARCH 2023 
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CONSTRUCTION DETAILS 


CONSTRUCTION 4 WEEK SCHEDULE —- STARTING WEEK OF JANUARY 3, 2023 CONSTRUCTION SAFTEY 
The above layout identifies demolition areas in the work site and impacts along Grove Street. 
Additional work to be performed in the upcoming weeks includes: 


CONSTRUCTION ACTIVITIES: 
- Building E - Continue Finishes (Install ACT Ceilings, Paint, MEP & FP) 
- Building E— Continue Exterior Wall Assembly (Metal & Terracotta Panels) 
- Building E — Install Storefront Systems (Windows & Doors) 
- Building E — Installation of Skylights 
- Building E— Maintenance Mezzanine Rough-In MEP & FP & Paint 
- Building E— CMU Partitions at Service Bays 
- Building A — Install Storefront Systems (Windows/Doors) 
- Building A/B — Footing, Foundation & Structural Steel at Building Connector 
- Building D — Exploratory Work of Existing Structure Sitework 
-  Sitework — Continue Install of Drainage Structures & Roof Drains 


PUBLIC IMPACTS: 
- During sitework, trucks will be entering and leaving the site regularly 


COVID-19 UPDATE 
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Arlington DPW Facility 
Project Photos — December 2022 
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Photo #2 — Bldg. E Maintenance Radiant Heat at SOG (12/7/22) 
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Arlington DPW Facility 
Project Photos — December 2022 
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Photo #4 — Bldg. E Maintenance Wash Bay Prep/SOG (12/7/22) 
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Arlington DPW Facility 
Project Photos — December 2022 
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Photo #6 #6 — at E PEMB Mermanine Framing (12/16/22) 
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